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Dear Dan: 


Enclosed are the monthly delivery status reports and project fund status 
reports. The delivery status reports cover Systems 1, 3, 4 and Data Reduction 
Equipment as of 1 June 1958. The project fund status covers Contracts A-101, 
A-102 and A-103 as of 30 April 1958. 


The last required B unit has been retained for laboratory tests, but will 
be released this month. 


Procurement difficulties will delay the completion of System 3 spares 
and support equipment for Customer B, but partials will be delivered as items 
become available. 


In order to deliver the additional 1A/1B, 8/9 and 10 units for Serial No. 
101A as required, the System 4 delivery schedule has been moved further 
ahead. Note incorporation of schedule for Serial 102A. 


Delivery schedule of the Data Reduction Equipment A, Bl, B2 and C 
Racks has been hampered for lack of modified monitors and mixers. The E, 
G and J Racks have been delayed for lack of available test time. The problem 
of the chart recorder pen in the F Rack has not been resolved and soa firm 
schedule is not possible. Procurement difficulties have caused the M and N 
Racks to be moved further ahead. 


The Contract A-101 Cost Report incorporates funding through Amendment 
No. 15, of which we have expended 93. 6%. 


Sincerely, 


ASN 


Sid 


" 25x11 xe 


Enclosures: 
Project Fund Status - A-101, A-102 
and A-103 (2 copies each) 
Contract A-101 Cost Report (2 copies) 
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